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BILL NO. S-88-01- C le 
SPECIAL ORDINANCE NO. S- OAT. 


AN ORDINANCE approving Change Order 
No. 1 for Res. 905-87, Westbury Drive, 
Sanitary Sewer (FINAL), with 
Land, Inc., in connection with the 
Board of Public Works and Safety of 
the City of Fort Wayne, Indiana. 
NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 
SECTION. That Change Order No. 1 for Res. 905-87, 
Westbury Drive, Sanitary Sewer (FINAL), with Land, Inc., 
in connection with the Board of Public Works and Safety, 
for: 
this Change Order is necessary 
because of the following: the 
quantities of some items have 
been decreased or increased based 
on final measurements; 
involving a net decrease of Nine Thousand, Five Hundred 
Twenty-Three and 50/100 Dollars ($9,523.50),all as more 
particularly set forth in the specifications, and which 
is on file with the Office of the Board of Public Works 
and Safety and is by reference incorporated herein, made 
a part hereof, and is hereby in all things ratified, confirmed 
and approved. 
SECTION 2. That this Ordinance shall be in full 


force and effect from and after its passage and any and 


all necessary approval by the Mayor. 





APPROVED AS TO FORM 
AND LEGALITY 


Ad M 


J. Timoth cCaulay City Attorney 


















Read the first time in full and on motion by Ls bey a 
: seconded by ZU , and dul; ; E the second time e 
title and referred to the Committee on ( (and the 









City Plan Commission for recommendation) and P blic Hearing to Be held after 
due legal notice, at the Council Conference xu 128, City-County Building, 
Fort Wayne, Indiana, on , the , day 


of 2 L9 peat o'clock uM Evo 
oou E | a Z C 













DATED: 





SAND E. KENNEDY, CITY CLERK 
| 
Read the thi time in full and on motion by ^ , 

seconded by , and duly adopted, placed on its 
passage. PASSED best by the following vote: 

AYES NAYS ABSTAINED ABSENT 
TOTAL VOTES L 
BRADBURY 72 a 
BURNS c 
GiaQUINTA x 
HENRY "s 
LONG sat 

/ 
REDD ai 
SCHMIDT iet. 

wc 
STIER 

A 
TALARICO 

DATED: /-Acff: vog E A Z S 
S E E E T 


SANDRA E. KENNEDY, CITY CLERK’ 


Passed and adopted by the Common Council of the City of Fort Wayne, 


Indiana, as (ANN 7 
(SPECIAL) (ZONING-MAP) R ^ “RESOLUTION NO. Pla d. 


on.the cc AE day of 


SANDRA E. KENNEDY, CITY CLERK 












ATTEST 


oum 
gu "m ptm 
WU Ly reme 


PRESIDING OFFICER 4 















Presented by me to the Mayor of City of Fort Wayne, Indiana, on 
the ce 7x day of 719 P 


at the hour of eie o'clock 


MOQESS.T. 





SANDRA E. KENNEDY D CLE 
Approved and signed by me this m CEN SS 0 61$ day ^ det: 
19 BS , at the hour of | 1: 2e o'clock MOVES. 


2) mL 


PAUL HELMKE, MAYOR 
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Change Order No.l (FINAL) 
Resolution No. 905-86 
Board Order No. 17-86 


REQUEST_AND JUSTIFICATION FOR CHANGE 
EE EATON PUR CHANGE 


Necessity for change: This is a "Project Close Out" change order. Based 
on final measurements, the quantities of some items have been decreased or 


increased. Overall, this is a DEDUCT change order. 


Sia "EL SS RARE RESET ser n ED BRNO URL CAD Cc NEL E S 
a a a ncaa ie E a 


EEE a a 
CES RR S Ns IRE os E T Ye CO dar dc 


Will proposed change alter size of the project? Yes No X 





If yes, explain 


LJ VNDE EMEN EC M MU LIC TEE rA E MA ae a a A, Ne 
i 


Affect on operation and maintenance cost of this project: 


ur cc ——————— À— —— —— S MM NEU 


NONE 


— Áo MÀÀ— €t e e € O 
— ENS CMM MM CK zl Se CDU CU NON CM 


SN N 


Tom Gountras roject Engineer 


77-qQ-/. 


PE 
CHANGE ORDER 

Change Order No. #1 (FINAL) Resolution No. 905-86 
Project No. Board Order No, 17-86 


IIS CHART ee A < 1 TER 
Name of Project: WESTBURY DRIVE-FOREST RIDGE DRIVE SANITARY SEWRRe: 15 December 1987 
E EE baie su imis ollis: o aie ZUM ined bg did) tiet. TT 


To: LAND, INC. 
(Contractor) 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Item pty 2 te | Description of Change LUE ET Change in Contract Price 
No. da [ig ,". Bescription — 21^. DRE Prick | 


ae ae SEE ATTACHED SHEHT 


Total Decrease| 12,549.50 








IMA 





Total Increase 3,026.00 
Net (Decrease)(XInürsaussy Contract Price 9,523.50 
The sum of $, 9,523.50 is hereby (&Zdd&dXE8) (deducted from) the total contract price 
and the final contract price shall be adjusted as follows: 
Original Contract Price 92,750.00 
Current Contract Price Adjusted by Previous Change Order ` R 0077 
New Contract Price including this Change Order $25 EDS 


$ 83,220.50 


The time provided for completion in the contract for this project is (unchanged) £1ns&kEkEud) 
(degxeased) by -Q- calendar days due to this Change Order. The date for completion 


of all work shall be N/A - Furthermore, this document shall become an 
amendment to the contract and all proyisions of the contract shall apply hereto. 

MS 
Recommended bye; — Dfm Chief Engineer Date  /w/.24 


| 
Accepted by: AE c AAA pm Contractor Date / A —-aa- e / 
Approved M LUST CT a City Engineer Date | 2 = g | se i y 


Approve SS Owner Date oV c 
S 


a 


X. n 


/ 5 
7) 
Attested by: flen), WA ak) papi ttl erk Date JAZ 45 E 


ATTACHMENT TO CHANGE ORDER 


a ae ange in Contract Price 
t97 ur | e" mosmess vive | iem [2,329.00 | 
ı | ex | cow ropa type vrea | 1,500.00 [uso | _| 
i [m tee ee T pT 
ER s ju erecmemue | 100.00 | x | | 
199.4 [oj essememenno | 0 ne [ose] — 0 
EINNTEDEREURUTICTOHNESSS IM NS 
ELIDCUESESSTIS NUM NENNT EE 
| — oso [er | sending ana 2” moten | 0 |_| 2,480.00 | 

r 
Y. 
F 
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Kd 
ID 


“Total Decrease §12:249-50- BERGE 


Total Increase ER 3,026.00 
Net (Decrease) GImcrease) . Contract Price S 
















Admn. Anor. 


TETEE OF ORDINANCE Change Order #l(Final) Res. 905-87, Westbury Drive 


DEPARTMENT REQUESTING ORDINANCE _ Board of Public Works & Safety 

SYNOPSIS OF ORDINANCE-- Change Order #1 (Final) for Res. 905-87, Westbury 
ee Sanitary is necessary because the quantities of some items 
have been decreased or increased based on final measurements. 


Land, Inc., is the contractor. 


Ld el eels Se M ae ey Ri e x d. de 
JS ft-or- 2e 
d mc wea b LIINC NES INE oe eS 


puc c pec RE LE LAU WEM. oro INT MR ee 
eee Ur m Rep euer a a ee E | 


R T E EE GC ID ET M CET NIS MD MAL cec oaa eU Cod REM mper nen 
n a OR CONDO RM CENE cM DAR E EE L 


EFFECT OF PASSAGE To facilitate completion of project. 


EFFECT OF.NON-PASSAGE 
DENIED. uM E E RE CREER UIN MCA M NNNM NL ME NU 1 


CEDE C Gp e eq Mi eoe LEE e uA LM Ls visor. up 
MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) | Decrease $9,523.50 
> MUR c am E AC ee ee o. 2 
ASSIGNED TO COMMITTEE 
cumulum vu n m o SML a ee ee MED 
; 


BILL NO.__ S~88-01-06 


REPORT OF THE COMMITTEE ON CITY: ULLEE TEES 


WE, YOUR COMMITTEE ON CITYSUTIHETIES TO WHOM WAS 


REFERRED AN (ORDINANCE) (RESOKUTXON) approving Change 
Order Now i'*fOorsRes. 905-87, Westbury Drive, Sanitary 


Sewer (FINAL) with Land, Inc.,-in-c 7 


of Public Works and Safety 


HAVE HAD SAID (ORDINANCE) (RBSQLUBEGN) UNDER CONSIDERATION 


AND BEG LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID 


(ORDINANGE) CRI SR pe 


S NO 









E. PAUL M. BURNS 
CHAIRMAN 

— em SS CHARLES B. REDD 

VICE CHAIRMAN 

MARK E. GiaQUINTA 








IUEL. J. TALARICO 


LA JAMES S. STIER 
fW 


CONCURRED mae o A Z 


Sandra E. Kennedy 
City Clerk 


